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BILL NO. S-86-09- 0 y 


SPECIAL ORDINANCE NO. 5- J 3 SP 


AN ORDINANCE approving Change Order 
Now: Tor Res-5989783 Bari Street 
Improvements - Base Bid, with 

LW: Dailey, Ipe ip in: connection 
with the Board of Public Works 

and Safetý of the City of Fort 
Wayne, Indiana. 





NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1 for Res. 5989-83, 





Barr Street Improvements - Base Bid, with L. W. Dailey, Inc., 
in connection with the Board of Public Works and Safety, for: 

balancing the accounting of the 

contract to show final cost; 
involving a net decrease of Two Thousand Eight Hundred Seventy- 
Four and 52/100 Dollars ($2,874.52), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety and is by reference 
incorporated herein, made a part hereof, and is hereby in all 
things ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 

and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 


VY, 


Bruce O. Bo 











erger, City Attorney 









by title and referred to the Committee (ang the Cit 
Pran Comission forireconmenta ion) Andi i to ve heldVafter 
due Legal notice,’ at the Counc} ambers, Eer Caa Building, Fort Wayn 
Indiana, on > the day of 


AEO , at o! P sM Ea 


SANDRA E. 


Read théegfirss time in full and on motion oy Kasey > 
seconded by = ami diy do Mew Dah t econd time 

























Read the 
seconded by 
passage. PASSED 


adhime in full and on motion 


Lg Dis n and- duly a 


(bos?) by the following vote: 


D 
K 
td 
v 


NAYS ABSTAINED ABSENT TO=WIT: 





TOTAL VOTES 
BRADBURY 
BURNS 
EISBART 
GiaQUINTA 
HENRY 

REDD 
SCHMIDT 


STIER 


eH ult ails 


TALARICO 


DATE: F-AZ2 Le : he E 


SANDRA E. KENNEDY, CITY CLERK 





Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as (Ai ATION) (APPROPRIATION) (GENERAL) 


(SPECIAL) (ZONING MAP) ORDINANCE ge 
ae ee 
on the mee yt) nae Ee Ae day OF 


í ATTEST: T aly o 


SANDRA E. KENNEDY, CITY CLERK PRESIDING OFFICER 


- Presented by me to the even of e City of Fort Wayne, Indiana, 
on the S a se day of Gaa (ys alae PE, 


at the hour of ETA JO o'clock So ME. SS Te 


totes A 


SANDRA E. PERRNEDE; CITY CLERK 











Approved and signed by me this BY aT "Cay Of ; 
19 Pee F at the hour of 3 O'clock Z Me BaSS T, 
K 


WIN MOSES, JR., MAYOR 


76-/blo2d 
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i : ; CHANGE ORDER 54 5 € 

i : $ 
Change Order No. Resolution No. gee 
Project No. Board Order No. 42-83 
Name of Project Barr Street Improvements - Base Bid - Date August 15, 1986 
To: L.W Dailey, Inc: : S86 AUG 19 PY 3: 53 
(Contractor) 

Gentlemen: 


You are hereby requested to comply, with the following changes from the contract plans and 
specifications: 










Change in Contract Price 


Decrease Increase 


Description of Change 
Material 









Unit Price 


Total Decrease 2.58745 52 


Total Increase 





Net (Decrease) (RAgxaass} Contract Price eas 

Thevoumstat 6 2°20 is hereby (adsdexixxw} (deducted from) the total contract 
price, and the final contract price shall be adjusted as follows: 

Original Contract Price ; 324 105.100 

Current Contract Price Adjusted by Previous Change Order $__--------—- 

New Contract Price Including this Change Order ga 321,250.90 
The time provided for completion in the contract for this project is (unchanged) (increased) 
(decreased) by AN calendar days due to this Change Order. The date for completion 
of all work shal} he . Furthermore, this document shall become an 
amendment to the/cdntract apd gall provisions of the contract shall apply hereto. 

E E as 2) otee rea (ae ey sic? 
Recommended by: NAA RRX Chief Engineer Date 6 
j 

Accepted by: x / Wf. ' Contractor) Date 


Approved by: City Engineer) Date 


ee) 
ZA ; 
Approved by: PAT ; Owner) Date f~ QI ~ PG 
2 G 
| eta K-M 


S STERNI 
Attested by: Š of ZA. 2 Ar Sh 1A | Date aC See 6 





to 


Change Order No. _1 
Resolution No. 5989-83 
Board Order No. 42-83 


REQUEST AND JUSTIFICATION FOR CHANGE 


i Balance the accounting of the contrdct to show final cost. 
Necessity for change: 


aaa 
© 


nn aU EtttdtEIdtsSE SS SSSSSSSS 


I 


Will proposed change alter size of the project? Yes No XX 
If yes, explain: 
nnn Se 


rn NN 


Affect on operation and maintenance cost of this project: None 


a 


ne 





















Victor F. Bobay Engineer 


if fee ia = Ne 
Admn. Anpr. 


Bh 


TITLE OF ORDINANCE Change Order #1 for Res. 5989-83, Barr Street Improvements - Base Bid 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety, J- VE -OF -OF 


Change Order #1 for Res. 5989-83 - Barr Street Improvements, 





SYNOPSIS OF ORDINANCE 


Base Bid, is necessary to balance the accounting of the contract to show final cost. 








LW. Dailey, ince, 19 the contractor: 











EFFECT OF PASSAGE To facilitate completion of project. 








EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease $2,874.52 


ASSIGNED TO COMMITTEE 


BIEL INO. S-86-09-04 
RE een ene? AS Ais ae 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
SE Be Se tala A ET A 


WE, YOUR COMMITTEE ON 2 ie Re pee EE ae. NS Be WHOM WAS 
REFERRED AN (ORDINANCE) ( RESOLUELON ) approving Change Order 
ASST Se 8 SP: eat OB SE IS ENE SRP 
No. 1 for Res. 5989-83, Barr Street Improvements - Base Bid, 


with L.W. Dailey, Inc., in connection with the Board of Public 


Works and Safety of the City of Fort Wayne, Indiana 


pe E a i 
a ee 


HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION AND BEG 


4 LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


{RESOKWRZGNX 


YES NO 
gp ae aes 
we 77 - 
Se EES os Ch THOMAS C. HENRY 
~ ee ee CHAIRMAN Ea a ea et cerca 
Se A i Z ) 
PREET DONALD J. SCHMIDT 
woes one VICE CHAIRMAN | ee ge er ees 


P Ly 


Wi 


H a daha MARK E. GiaQUINTA 

F 4 ae a eee 
/ , F, 

Pa 


” 
eo L. Ll PAUL M. BURNS 


nD Md A E 


ln att E page VCERBIES BO REDD 
j EDL Nt IO GE A 


CONCURRED IN -RIIE SANDRA E. KENNEDY 
CITY CLERK 





